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BILL NO. S-87-05-2— 
SPECIAL ORDINANCE NO. s-/ Y2- 


AN ORDINANCE approving Change Order 
No. 1 for Res. 6057-86, New Kirkwood 
Park Street Repair, with Rieth-Riley 
Construction Company, in connection 
with the Board of Public Works 

and Safety of the City of Fort 

Wayne, Indiana. 





NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 for Res. 6057-86, 
New Kirkwood Park Street Repair, with Rieth-Riley Construction 
Company, in connection with the Board of Public Works and Safety, 
for: 


this Change Order is necessary 
because additional street repair 
was not anticipated in this project. 
Water Pollution Control Engineer- 
ing was not anticipating construction 
of a storm sewer. Storm sewer 

not in design stage. Preliminary 
cost was $80,000.00. In looking 

at this area more closely, it was 
determined that additional street 
repair would remove the need for 

a storm sewer. This change order 
then reflects a savings to the 

City. The situation was not rea- 
sonably foreseeable at the time 

the contract was prepared and a- 
warded; 





involving a net increase of Twenty-Two Thousand Nine Hundred 





Fifty-Two and No/100 Dollars ($22,952.00), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 








APPROVED AS TO FORM 
AND LEG 









Bruce O. Box ttorney 


cU res lTstotisSedis full art On motion by LZ 






















seconged by ;, and du adopted, Mead, tne second tin 
by title and rerérr-ad to the Committee DIOLS A (and the Ci: 
Pinceotoldisaien for TCcenmendaticn) and Pubis Hoaring to sea hey ai tes 
Gue legal notice, at tha Council Chambers, = llding, Fort Wav: 
Tacianay on 

aera RUM UTE 





SANDRA E. KENNEDY, CITY CLERK 


Read t £d time in full and on motion 747 PS 
- > ey a ee eee ee 
seconded by , and duly adopted, placed on it 


— 





, 

















passage. PASSED CLOSE by the following vote: 

m qe NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES TAA Ib (x 
BRADBURY RE. ) RE Fu. Xe at 
BURNS te TER 
EISBART Ba 
GiaQUINTA ee pees 
HENRY MA i A 
REDD En - 
SCEMIDT BTE b LER IMS E 
STIZ? QT SE i | 
TALARICO dro C MES A. uuu WIE 





DATE: cA eee A 





SANDRA E. 
Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (ENNExXz E N SENERAL) 


(SPECIAL) (ZONING MAP) ORDINANCE  ( NO. =f MRV a 


T al Du RIT 
ATTEST) (SEAL). 
Aim Pe LC Dg 


SANDRA E. KENNEDY, CITY CLERK 






Presented by me to the Mayor o 


ort Wayne, Indiana, 
on the AE K day of 
NE lis da ee A 


Alper : r 197 pfo a 
at the hour of A (-PO2 o'clock y. MELE- SET: 
SANDRA E. KENNEDY, CITY CLERK 
; e. i No 
Approved and signed by me this / é aay of ec , 
UM 
a a UND S l 


19 " at the hour of o'clock SMOTE.S.m. 










WIN MOSES, JR., MAYOR 


CHANGE ORDER 


Change^Order No. 1 Resolution No. 6057-86 
Project No. ad ROG Board Order No. PIX [PUDE 
Name of Project New Kirkwood Park - Street Repair Date May 4, 1987 
EE OR ee Saad See e CE DOTT vct Miki ee 
To: Rieth - Riley Construction Company 
(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 







Description of Change Change in Contract Price 
No Quamilitvp 50 — 5 Material (7 0 ci 3D Unit Price] Decrease | Increase 


man 30 ton Top soil | $15.00 $450.00 
i 
ORI Fertilizer, Seed & Mulch | Si00 HIM $80.00 


Total Decrease 




















$22,952.00 


Total Increase 





Net (Degugse) (Increase) Contract Price 


The sum of $ 22,952.00 is hereby (added to) (d'edugYed/frdmHy the total contract 
price, and the final contract price shall be adjusted as follows: 





Original Contract Price $ 67,393.60 
Current Contract Price Adjusted by Previous Change Order $ 67,393.60 
New Contract Price Including this Change Order $ 90,345.60 


The time ptovided i completion in the contract for this project is (MfWaWdédY (increased) 
AAELLEAKED)/ by calendar days due to this Change Order. The date for completion 
of all work shall 2: July 1, 1987 . Furthermore, this document shall become an 
amendment to the aot and all provisions of the contract shall apply hereto. 


Recommended by: _ AA. GE: C2 Chief Engineer) Date E- g g ) 
Accepted by: i y C pL Contractor Date 5- Q = t | 
Approved by: A Bake, City Engineer) Date E hi sa 
SJ 
Approved oe SS eS Owner Date G =e ee 
ls. VAY 
Sse 
PIER 


Se AC UP CS 


Uz / 
Attested by: í Loy) 4 X 0-0 dA. 7 Date =- 20- 


: ! Change Order No. 1 
Resolution=No.. 2° 6057286 
Board Order No. 256-86 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Additional street repair was not anticipated in this project. 
Water Pollution Control Engineering was anticipating construction of a storm 
sewer. Storm sewer not in design stage. Preliminary cost was $80,000.00. In 
looking at this area more closely, it was determined that additional street 
repair would remove the need for a storm sewer. This change order then reflects 


a savings to the City. This situation was not reasonably foreseeable at the 


— ————————————————————— 








time the contract was prepared and awarded. 


Will proposed change alter size of the project? Yes X No 


If yes, explain: We will be doing $8,500.00 worth -of work on Rolston Ave. that was 





not in. the original.contract. 


Affect on operation and maintenance cost of this project; Future maintenance in 





this area will be routine for Street Department. 


eo ne eo 








| ape SPAN O LR. Ho sean QUE op MEET 





MÀ M À——— —À — M —— M — 

















` 2 Admn. .Anor. 

TITLE OF ORDINANCE Change Order #1 for Res. 6057-86, New Kirkwood Park 
Ve 2. Ire Meme. ee IN Dd T CY al 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 

SYNOPSIS OF ORDINANCE- Change Order #1 for Res. 6057-86, New Kirkwood Park 


is nessary because additional street repair was not anticipated 


in thi roject. Water Pollution Control Engineering was not 





ticipating construction of a storm sewer. Storm sewer not in 
ign stage. Preliminary cost was $80,000.00. In looking at 
ls area more closel ; it was determined that additional street 


ir would remove the need for a storm sewer. This change order 


reflects a savings to the City. The situation was not 


Rieth Riley is the contractor. ! 








EFFECT OF PASSAGE We will be doing $8,500.00 worth of work on Rolston Ave. 


EFFECT OF NON-PASSAGE 


TUE cC III Le cc ae caue S 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $22,952.00 


ASSIGNED TO COMMITTEE 


BILL NO. 5737-05-35 





REPORT OF THE COMMITTEE ON PUBLIC WORKS 
WE, YOUR COMMITTEE ON PUBLIC WORKS i TO WHOM WAS 
———————————— À———— eee 
REFERRED AN (ORDINANCE) (REEBXSEPXSNJ approving Change Order 


No. 1 for Res. 6057-86, New Kirkwood Park Street Repair, with 


Rieth-Riley Construction Company, in connection with the Board 


. of Public Works and Safety of the City of Fort Wayne, Indiana 


ENLXGE a C -GMMEMEL CE MMMECE CL mr e AC 





HAVE HAD SAID (ORDINANCE) (RESOLUPYON) UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


( RESGEURXONY 





Is 


*"» YES 














SAMUEL J. TALARICO 
CHAIRMAN 


AyANET G. BRADBURY 
MICE CHAIRPERSON 


PAUL M. BURNS 


JAMES S. STIER 





po oe - .-~©2*~~-(CHARLES B. REDD 


CONCURRED IN OPP? SANDRA E. KENNEDY 





CITY CLERK 


